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HONG KONG FOR RSS 

E.O. 11652: N/A 
TAGS: ASEC, ASUP 

SUB J : COUNTERTERRORISM COUNSTRUCTION: SEOUL 
REF: A) STATE 210629, B ) SEOUL 5820 

1 . PURPOSE OF THIS TELEGRAM IS TO PROVIDE SY AND OPR A 
STATUS REPORT CONCERNING THE SUBJECT PROJECT. 

2. SINCE DEPARTURE OF PROTECTIVE MATERIALS TECHNICIAN IN 
LATE JULY, POST HAS COMPLETED REPLACING CRACKED BALLISTIC 
PANELS WITH NEW SAFETY GLASS. RSO DEEMS REPAIR/INSTALLATION 
QUITE ADEQUATE. NO PROBLEMS ENCOUNTERED. 

3. REMAINING ASPECTS OF PROJECT INVOLVE PROCUREMENT AND 
INSTALLATION OF NEW ALUMINUM DOORS FOR CHANCERY FRONT 
ENTRANCE, INSTALLATION OF PANELS FOR NIV AND INFO DESK 

AS AUTHORIZED BY PARA 2 REF A) AND INSTALLATION OF WALKTHROUGH 
METAL DETECTOR (WTMD). IT IS HOPED THAT DOORS WILL HAVE BEEN 
PROCURED AND INSTALLED WITHIN THE NEXT 30 DAYS. TSO TOKYO IS 
SCHEDULED TO VISIT SEOUL DURING SEPTEMBER OR OCTOBER 
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1978 AT WHICH TIME WTMD WILL BE INSTALLED AT CHANCERY 
ENTERANCE. 

4. REFERRING TO PARA 6 REF B), IS OPR ALSO WORKING WITH 
CONTRACTOR ON PROCUREMENT OF BALLISTIC PANEL FOR INFOR- 
MATION WINDOW? 
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5. INCIDENTAL MATTER INVOLVES INSTALLATION OF VARIOUS 
LOCKS AND LOCKING DEVICES IN CONS SECTION. IT IS EXPECTED 
THAT THESE DEVICES WILL BE INSTALLED WITH THE NEXT COUPLE 
OF WEEKS. 

6. FOR TSO TOKYO: IF AVAILABLE, PLEASE POUCH SOONEST 
EIGHT 197 YALE SINGLE-CYLINDER SECURITY LOCKS, STRIKE 

FOR VERTICAL SLIDING DEADBOLT WHICH RSO AND RINESMITH HAD 
DISCUSSED DURING RECENT VISIT, AND TWO EACH LOW- VOLTAGE 
ELECTRIC DOOR OPENERS S-L-405G AND S-L-405H. 

7. FOR OPR: APPRECIATE ETA OF NEW PANELS. 

8. POST APPRECIATES SY'S AND OPR'S EFFORTS AND INDULGENCE 
CONCERNING THIS PROJECT. 

GLEYSTEEN 
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